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Message Text 


UNCLASSIFIED 

PAGE 01 BANGKO 00292 071018Z 
20 

ACTION FBO-01 

INFO OCT-01 EA-07 ISO-OO /009 W 

031122 

P 070858Z JAN 74 

FM AMEMBASSY BANGKOK 

TO SECSTATE WASHDC PRIORITY 9507 

UNCLAS BANGKOK 0292 

E.O. 11652: N/A 
TAGS ABLD, TH 

SUBJECT: OB UNDERPINNING, CONTRACT S48-FBO-596. 

PROPERTY NO. 013 16A 

FOR A/FBO FROM LORA. 

REF: A. DEPT OM AUGUST 14, 1973. 

B. STATE 250356 

1. ENTIRE SYSTEM OF CONCRETE BEAMS SUPPORTING GROUND FLOOR OF OLD 
BUILDING INSPECTED BY LORA AND CONTRACTOR'S PROJECT SUPERINTENDENT 
ON JANUARY 5. NO CREACKS OR OTHER STRUCTURAL DEFECTS NOTED EXCEPT 
AT DEEP BEAM AT LINE 1. PER PLAN ON DRAWING F-l. BEAM BOTTOM BARS AND 
STIRRUPS ON EASTERN FACE FROM MID-SPAN G-H TO MID-SPAN H-J ARE 
EXPOSED AND ALMOST RUSTED OUT. FORWARDING PHOTOGRAPHS OF BEAM 
UNDER SEPARATE COVER. 

2. TEST PILE, 0,35 X 0.35 X 21M LONG PRESTRESSED CONCRETE. WEIGHING 
APPROX. 6. TONS, DRIVEN JANUARY 7. AT ABOUT 13.30 METERS SOUTH OF 
COLUMN 25J DRAWING F-1. TOP ELEVATION OF PILE IS APPROX 2 METERS 
BELOWS OBX GROUND FLOOR LEVE. ONE INCH PENETRATION NOTED FOR 
LAST SIX BLOWS WITH DRIP HAMMER WEIGHING 4000 KGS. (8800 LBS) 

FALLING 0.75M (2,5FT) ENERGY DERIVED IS MORE THAN THAT SPECIFIED 
IN PARA III. 4. OF ADDENDUM III. LOAD TEST WILL COMMENCE AFTER TWO 
WEEKS. 

3. APPROVED SHOP DRAWINGS ON SPLICED AND UNSPLICED PILES STATED REFTEL 

B NOT YET RECEIVED. DOES SUGGESTED CHANGE IN STEEL PLACEMENT APPLY 
UNCLASSIFIED 

UNCLASSIFIED 
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TO SPLICED PILES ONLY OR BOTH? CONTRACTOR UNABLE ORDER THE 
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PILES TO DATE PENDING RECEIPT CLARIFICATION OF ABOVE OR RECEIPT 
APPRO VED*SHOP DRAWINGS. 

4. *ASSUME DE*T HAS NO OBJECTIONS TO*PROCEEDING WIT* PILE DRIVING 
WITHOUT WAITING FOR RESULTS OF *ILE LOAND TES*. 

5. PLEASE ADVISE SOONE*T.* 

KINTNER 


UNCLASSIFIED 


NNN 


Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 



Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 


Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 07 JAN 1974 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1974BANGKO00292 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: n/a 

From: BANGKOK 

Handling Restrictions: n/a 

Image Path: 

ISecure: 1 

Legacy Key: Iink1974/newtext/t1 97401 60/aaaacedg. tel 

Line Count: 69 
Locator: TEXT ON-LINE 
Office: ACTION FBO 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: 

Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: A. DEPT OM AUGUST 14, 1973. 

Review Action: RELEASED, APPROVED 
Review Authority: WorrelSW 
Review Comment: n/a 
Review Content Flags: 

Review Date: 25 MAR 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <25 MAR 2002 by daviscw>; APPROVED <18-Nov-2002 by WorrelSW> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: OB UNDERPINNING, CONTRACT S48-FBO-596. PROPERTY NO. 01316A 
TAGS: ABLD, TH 
To: STATE 
Type: TE 
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